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1»2  Assooiated  with  The  Boeing  Company,  under  prime  oontraot  to 

the  Air  FOroe  or  an  Air  Force  Agenoy,  are  Aaaooiate  Contraotora 
who  hate  a  dlreot  responeihillty  to  the  Air  Foree  for  other 
portlone  of  the  Weapon  System. 


1^5  Uader  oontraot  to  the  Boeing  effort  are  oontraqtora,  referred 

to  as  Teohnloal  Suboontraotor(s),  who  have  a  direct  responsibility 
by  oontraot  to  Boeing.  .... 


1.4 


The  SATAF  Commander  vill  establish  the  Btost  Base  (Grand  Forks) 
AFB)  relationship. 


1.5  The  support  requirements  are  listed  shoving  category,  responsl^ 

blllty  and  the  duration  of  each  .requirement  by  date.  They  are 
also  desorlbed  In  the  assooiated  paragraphs  of  the  dooument* 


1.6  In  the  event  support  and/or  services  indloated  as  Host  Base 

responsibility  oaimot  be  obtained  at  the  time  required,  SATAF 
will  obtain  for  Boeing  a  "CEBTIFICAIE  OF.MOK  A.VAII1ABILITT"  : 
signed  by  the  cognizant  base  authority*  Upon  reoeipt  of. 
oontraotual  authorization,  Boeing  will  obtain  the .  support . 
and  servioes  throu^  other  souroes  in  aooordanoe  with  the 
provisions  of  Contract  AF04(694)«>266  as  amended  by  CCK  {$16 


1,6 


1.7 


1.8 
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I 

thereto  cad  upon  dlxeotloa  of  the  idninletratlTe  Ooatrcotizif 
Offloer  (lOQ). 

■/ 

A  cite  plan  (see  Item  35.0)  shoving  huildingr  assignments  has 
been  inoluded.  Beferenoe  to  Support  Documents  has  been  mode 
in  oases  where  knowledge  of  availability  of  further  informa¬ 
tion  regarding  the  nature  or  soope  of  a  partloiilar  item  was 
oonsidered  to  be  advisable. 

Revision  of  speolflo  items  of  this  dooument  will  l)e  made 
whenever  a  vital  need  ooours,  and  a  ooiq;>lete  revision  will 
be  released  in  oonneotion  with  the  prioiztg  effort  assoolated 
with  deflnltization  of  the  oontraot* 


U*  MM  Me*  NIVi  c/N 
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2.0 


PUBFOStS 


The  purpos*  of  this  doouamit  is  to  sstsbllah  ths  Intsgrstsd 
support  sad  sszvloss  xsspoaslbllitlss  ss  thsy  apply  to  ths 
site  aotiTation  tasks  at  ths  Hinutefflan  Hardened  and  Dispersed 
Wing  VI.  This  document  is  also  intended  for  luse  by  applloable 
oontraotors  and  agenoies  having  a  responsibility  or  related 
interest  in  the  site  aotivation  tasks. 
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Zhl*  doouBwnt  •noon^asses  all  support  and  ssrrloss  rsqulrs- 
mints  rslatil  to  ths  Siti  Aotivatioa  Task*  Shi  datis  for 
thssi  riquiximants  will  hi  bassd  on  sohidulis  as  girsn  in 
6400-1100  Kastir  Sohedule  and  will  extsnd  throu^  asssablyt 
ohiokout  and  dsaotlvation*  The  dooument  primarllj  disorlbest 

A*  Support  and  servloee  responslhlllties  which  Boeing  will 

proride  to  support  SATAF  and  Boeing  Teohnloal  Suhoontraotors* 
B*  Support  and  sexvioes  responsibilities  vhioh  SATA7  will 
provide  to  support  Boeing. 

Where  responsibilities  Indicate  Boeing  and  1^7  Contraotor 
participation,  Boeing  will  be  responsible  for  all  support 
except  to  the  I0r  Contraotor.  Besponslbllltles  shown  as 
Boeing  only  are  Intended  to  Indicate  that  Boeing  will  support 
SATAF,  the  b/Y  Contraotor  and  Boeing  Suboontraotors  during 
Site  Activation. 

It  Is  the  Intent  of  this  document  that  scope  shall  be  confined 
to  a  complete  statement  of  the  function  to  be  performed  to¬ 
gether  with  a  clear  designation  of  responsibilities.  Eoweverf  ' 
no  effort  will  be  made  to  %noompass  total  manpower  and  total 
eqviipment  requirements.  Listings  of  manpower,  equipment  and 
materials  are  included  for  planning  purposes  only* 


VOL 


nq  D2-6819-6 


REVtSEO  _ 

Ul  «2M  aOM  V 


SGC 


PAGE 


•  CRAin)  FORKS  AIR  :R)RCB^  B^ 

COMPOSITE  HALAYSIS  -  SUPPORT;  RESP0NS13ILITIES 
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• 

f 

y 

f 

DATES 

CATEGORY  - 

Aj’/r/f 

mm 

ilRISIIIIII 

6.0 

6.1 

SAFETY  ’  / 

•  .  'V' 

Procedural  Guidance* 

r 

0 

Base 

X 

X 

X 

Aug  63 

Sept  66 

LP,  LCF  and  DS 

X 

X 

X 

Sept  63 

June  66 

6.2 

Individual  Protective  Eqviipinent 

Base 

X 

Aug;)  63 

Sept  66 

LP>  LCP  and  DS 

X 

Sept  63 

June  66 

7.0 

SECURITY 

Policy  and  Procedural  Guidance 

Baoe 

X 

Aug'  63 

Sept  66 

LP,  LCP' and  DS  * 

X 

Sept  65 

June  66 

7.*  2 

Guards 

Base 

•• 

X 

Aug  63 

Sept  66 

LP,  LCP  and  DS 

♦ 

X 

Sept  63 

June  66 

7-3 

Contractor  Facilities 

1 

• 

Base 

X 

X 

Aug  63 

Sept  66 

LP,  LCP  and  DS 

X 

Sept  63 

June  66 

7.4 

Identification  System 

1 

X 

i 

Aug-63 

Sept  66  . 

7?5 

Visitor  Control 

Base 

X 

Aug  63 

Sept  66 

LP,  LCP  and  fls- 

X 

Sept  63 

June  66 

7.6 

•  Locksmith  Service 
* 

Base 

X 

Aug  63 

June  66 

LP,  LCP  and  DS 

X 

L 

Sept  63 

Jxme  66 

( 
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8.0  FOOD  SEBFICB 

Bas« 

LF,  LCF  and  DS 
8.1  Food  Requiranents 

9;0  PHOTOGRAPHIC  SERVICES  . / 

9*1  Ground  Photography 

9*2  Aerial  Photography 

9*3  Photo  Prooeaaing 

9*4  Photo  Requirements 

10*0  COMMUNICATIONS 
10*1  Mall  Service 

10.2  Distribution 

10*3  On-Base  Telephone  Service 

10*3*1  Remote  (LC,  LCF  and  DS)  Telephone 

Radio  and  TWX  Service. 

10.3*2  Leased  Lines 

10*3*3  Mobile  Communications 

11.0  REPRODUCTION  ; 

12,0  TRANSPORTATION 

12.1  Personnel  Transportation 

Base 

U,  LCF  and  DS  ■  * 


res _ 

mm 

IBifU; 

Aug  63 

Sept  66 

Sept  63 

Junt  66 

Aug  63 

Sept  66 

Oct  63 

June  66 

Oct  63 

June  66 

Oct  63 

June  66 

Oct  63 

June  66 

Aug  63 

Sept  66. 

Aug  63 

Sept  66  “ 

Aug  63 

Sept  66 

Oct-63 

Sept  66 

Nov  63 

Sept  66 

Oct  63 

Sept  66. 

Sept  63 

Sept.  6.6 

Aug  63 

Sept  66 

Sept  63 

June  66 
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Bus  Service 


LF,  LCF  and  DS 


MATERIAL  HANDLING 

Freight  and  Material  Delivery  Service 

Inter  Site  Service 

Intra-Base  Service 

Special  Purpose  Vehicles  and 
Material  Handling  Equipment 

Log  Air  Deliveries 

Missile  Deliveries 

>  Rail  Deliveries 

Packing  and  Crating 

Receiving  and  Shipping 


S«pt  63  Jun*  66 
Dee  63-  Jun  66 


Deo  63 
Sept  63 


Sept  66 
Sept  66 


Aug  63  Sept  66 


X  X  X  Aug  63  Sept  66 

X  X  Dec  63  Sept  66 

x’  May  65  June  66 

X  Aug  63  Sept  66 

X  Dec  63  Sept  66 

X  X  X  Aug  63  Sept  66 


OPEHATING  SUPPLIES  AND  MATERIALS 


Expendable  Supplies 


POL  Supplies 


LF,  LCF  and  DS 


X  X  Aug  63  Sept  66 


X  X  Aug  63  Sept  66 

X  X  .  Sept  63  Se|t66 


UTILITIES 


Commercial  Electrical  Systems 
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^liin 


SNOW  BSMCnrAL 
Ksohaaloal 
Base,  L?,  I.C7 
DS 

Publio  Beads 
Building  Approaches 
Base 

liF  I  XiCF  and  BS 
JABITOBIAL  SEWICBS 
Base 

LP,  LCP  and  DS 
TBASH  REMOVAL 
Base 

LP,  LCP'and  DS 

MAINTENANCE,  TEST  AND  REPAIR 

General  Repair 

Instrument  Test  and  Repair 

Base  Standards  Freolsion 

Measurement  Eejuipment  Laboratory 
(PMEL) 

Chemloal  Laboratory 
AutonotlTe  Maintenance  Repair 
TECHNICAL  PUBLICATIONS 
DISPOSAL  OP  PROPERTY 


X 

Oot  63 

Aug  66 

X 

Oot  63 

Aug  66 

X 

Oot  63 

Aug  66 

X 

Oot  63 

Aug  66 

X 

Oot  63 

June  66 

X 

X 

Aug  63 

Aug  66 

X 

Sept  63 

June  66 

Aug  63 

Aug  66  . 

X 

Sept  63 

June*  66 

X 

X 

Aug  63 

Aug  66 

X 

June  6k 

Aug  66 

X 

X 

Sept  63 

June  66 

X 

Sept  63 

June  66 

X 

Aug  66 

X 

X 

Aug  63 
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Aug  66 
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4.0 


HBDICiL 


4.1  FIBST  AID  S&E7ICS 

Grand  Forks  AFB  vlll  provide  emsrgenoy  first  aid  dispensary  ser- 
vice  to  Boeing  and  to  the  b/V  Contractor  personnel  on  the  base. 

Boeing  will  provide  first  aid  service  at  the  Launch  Facil¬ 
ities  (LF's)y  Launch  Control  Facilities  (LCF's)  and  Biapatoh 
Stations  (DS*s)* 

4.2  AMBULMCE  SESRTICE 

Emergency  ambulance  service  at  LF's,  LCF's  and  Dispatch 
Stations  (DS's)  will  be  provided  by  Boeing.  Emergency 
ambulance  service  on  the  base  vlll  be  provided  by  the  Base 
Hospital. 

4.3  HOSPITAL  SEIl'/'ICE  -  ElffiEGENCY 

Emergency  medical  service  for  Boeing  and  other  personnel  design 
nated  by  SATAF  on  Grand  Forks  AFB  vlll  be  provided  by  the  Host 
Base  Hospital  in  accordance  with  applicable  AF  regulations. 
Boeing  vlll  provide  emergency  medical  service  at  the  LF'8« 

LCF's  and  DS's. 
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5.0 


PUS  PBOISCTZOV 


,) 

(  5.1  POLICY  ABB  PBOCBBURAL  ODIBABOS 

Oraad  Fprks  APS  Fir*  Marahall  vUl  infozn  Contraotora  of  th* 
polloles  and  prooedturas  neoeasary  to  aaaur*  adeq.uate  fir* 
protection  oonalatent  vith  th*  Air  Fbro*  Fire  Proteotion 
Program.  Boeing  and  the  B/7  Contractor  viU  iiiq;)l*ment  require¬ 
ments  in  faolllties  assigned  to  them  and  maintain  a  olos* 
working  liaison  vith  the  Beise  Fire  Harshal. 

5.2  FIRE  EXTIBGUISHEES 

Grand  Forks  AFB  will  proride  and  maintain  fire  extinguishers 
at  Boeing  and  the  b/V  Contractor  oooupied  faolllties  on  the 
base.  Grand  Forks  AFB  will  distribute  fire  extinguishers  by 
type  and  q\iantlty  required  for  hazards  peoullar  to  eaoh  area. 

Grand  Forks  AFB  will  be  responsible  for  providing  operational 
level  fire  extinguishers  in  LF's,  LCF's,  and  ShSB  faoilitles 
diu:lng  assembly  and  checkout.  In  addition,  the  base  %rlll 
provide  additional  vater»type  extinguishers  required  during 
assembly  and  checkout  if  available. 

Boeing  will  provide  additional  fire  extinguishers  as  required. 

Grand  Forks  AFB  will  provide  for  maintenanoe,  repair,  and/or 
recharging  of  fire  extinguishers  used  during  assembly  and 
oheokout.  Boeing  will  deliver  operational  level  and  A&CO  fire 
extinguishers  fxoa  and  to  LF*s,  LCF's,  and  BS's. 
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5.4 


FIRE  FRE!7ENTI0B  I 

Boeizig  and  tha  S/V  Oontraotor  will  e  .intaln  a  program  to  ooa^ 
trol  fira  haaarda  and  provlda  for  tha  alimlnation  of  fira 
hazards  In  thalr  assigned  faollltlas.  Shis  program  vUl 
inoluda  training  of  Boeing  and  i/v  Oontraotor  amployaast  in 
ooordlnation  with  Grand  Forks  AFB  in  the  use  of  fira  eztln* 
gulshers  and  other  fire  appliances  and  Instruotions  as  to 
fire  reporting  and  fira  prerantlon  praotloas. 

Boeing  will  I  in  addition  to  Base  requirements ,  maintain  an 
auxiliaxy  fixe  hrigada  training  program;  Boeing  personnel 
will  be  instructed  to  assist  Grand  Forks  AIB  professional 
fire  personnel  whenever  requested  to  do  so  by  the  Base  Fire 
Marshal, 

Grand  Forks  AFB  will  furnish  such  support  eis  nay  be  available 
in  oonnection  with  training  of  Boeing  personnel  on  fire 
prevention  matters  and  will  conduct  fire  Inspaotions  of 
contractor^oooupiad  fiiollitles  in  oompliance  with  normal  base 
practices. 

FIRE  PIGHTINC 

Fire  fighting  service  on  the  base  is  a  responsibility  of  Grand 
Porfcs  AFB. 

Boeing  will  establishi  supervise «  and  train  a  fira  brigade  for 
LFf  LCF,  and  IS  operatioxus.  Arrangements  for  assistsnoa  from 
looal  fira  dlstriots  will  be  established  by  tha  Base  Fire  Marshal. 
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6.0 

6.1  PBOCEDUBAL  GJjmSCE 

She  safety  program  inyolyes  pMoedural  and  polloy  guidanoe  and 
safety  monitoring  as  provided  in  BSD  Exhibit  62*l6|  to  ensure 
that  paroper  methods  and  procedures  are  xised*  Boeing  and  the 
Contraotor  will  be  responsible  for  preparing  and  imple-* 
zoenting  a  safety  program. 

So  meet  their  responsibilities  for  the  safety  program^  Boeing 
and  the  n/v  Contraotor  will  work  in  close  coordination  with 
the  Grand  Forks  AFB  Safety  Director  so  that  the  safety  program 
that  pertains  to  this  site  activation  can  be  fully  coordinated 
into  the  over-all  safety  program.  Boeing  will  provide  safety 
engineers  for  surveillance  over  all  their  operations  and  they 
will  serve  as  representatives  for  any  coordination  activities 
with  the  Grand  Porks  AFB  Ground  Safety  Director# 

6.2  INDIVIDUAL  PBDTECTION  EQUIPMEINT  ' 

Boeing  and  the  B/?  Contractor  will  provide  individual  protec¬ 
tive  olothing  and  equipment  to  their  respective  personnel# 
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7.0 


7.1 


7.2 


7.3 


SECUBITT 

KLICY  iNS  PBOCEDURAL  GUIMirOE 

Th«  Deputy  Oomnandar  for  Mlnutemany  Eq.»  BSD»  is  rssponslbls 
for  establishing  criteria  and  guidelines  for  seourity  of  missile 
site  aotivation  operations,  the  implementation  of  vhioh  will  he 
in  aooordanoe  with  the  terms  of  the  contraot  voider  which  the 
vor}c  is  being  performed.  Boeing  and  the  "B/I  Contractor  will 
oomply  with  the  Department  of  Defense  (DOD)  Industrial  Seourity 
Manual  for  Safeguarding  Classified  Information  unless  responsi- 
bility  for  seourity  is  modified  oontraotually  and  will  proteot 
government  property  in  their  custody  in  aooordanoe  with  sound 
industrial  practices. 

GDAIIDS 

Boeing  will  be  responsible  for  providing  seourity  guard  coverage 
at  Boeing  occupied  facilities  at  Grand  Forks  APB  and  at  the  LF's, 
LCF's,  and  DS's.  Boeing  will  provide  such  storage  and  oonvoy 
security  as  may  be  required  during  transportation  of  weapon 
system  equipment. 

( 

CONTRACTOR  FACILITIES 

Boeing  will  be  responsible  for  establishing  and  maintaining 
controls  for  aooess  to  oontraotor's  "Restrioted  Areas"  and 
"Closed  Areas"  at  the  CSA,  DS's,  and  Air  Force  designated 
"National  Defense"  and/or  "Restrioted  Areas"  at  the  LF's  and 
LCF's. 
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isminomas  stsTm 

Boting  will  administer  ths  Klnutsosa  Idsntlfloatlon  Bad^a 
Sarstem.  Boalaff  Badcas  and  approprlataly^odad  8A0  Born  900 
badges  will  be  used  to  oontxol  aooass  to  Boalng.ooouplad 
faollltias  on  the  base  and  at  16 's*  SAC  Form  900  (badge) 
will  be  used  to  control  aooess  to  remote  LF's»  L07*8,  and 
SAC  Bestrioted  Areas. 


7.5  TISITOH  CONTBOL 

Boeing  will  operate  a  oentral  visitor  control  of  floe  and 
will  screen  all  Incoming  requests  for  classified  visits 
for  ooii^>lianoe  with  the  1X)I)  Industrial  Security  Manual.  IChe 
S/T  Contractor  will  maintain  visitor  control  for  B/7  Contraotor 
personnel. 

7.6  LOCKSICLTH  SER7ICE 

Boeing  will  provide  and  maintain  security-type  cabinets  for  the 
storage  of  classified  information  including  locking  bars  and 
combination  locks  for  SAIAF,  the  "R/V  Contraotor,  and  Boeing* 
Modification  of  cabinets  to  meet  requirements  of  the  BOB 
mdiistrial  Security  Manual  is  the  responsibility  of  Boeing. 
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8.0 


»x}i>  Bmics 


Orand  Fozfcs  APB  will  provide  food  siJvloe  on  the  base  for 
Boelns  personnel  throu£^  the  faoilltles  of  the  base  oaXeteria* 
Food  servloe  will  not  be  provided  at  the  LF'e  or  the  LCP's. 
Bowerer)  Boeing  will  provision  for  and  provide  food  servloe 
for  Boeing  and  SATAF  personnel  assigned  to  these  areas  in 
the  form  of  saok  Ivinohes  available  at  the  BS's  only. 

8.1  FOOD  SEEFICE  HEQUIHEMENTS 


Personnel  requiring  cafeteria  support  at  Orand  Forics  APB 
dtiring  the  Vlng  VI  oonstruotlon  and  assembly  jprogran  are  estl* 
mated  belov: 


4/64 

7/64 

10/64 

1/65 

4/65 

7/65 

10/65 

1/66 

4/66 

7/66 

Boeing 

85 

116 

155 

210 

303 

338 

342 

320 

275 

132 

SATAF 

241 

210 

256 

254 

245 

225 

191 

160 

160 

111 

TOTAL: 

324 

365 

411 

464 

548 

563 

533 

488 

435 

243 

Hhese  figures  are  based  upon  the  total  number  of  personnel  who 
will  be  assigned  to  the  base,  including  local  hires,  with  the 
exception  of  Boeing  employees  eligible  for  Beiohelor  "B"  quarters 
who  will  receive  meals  from  the  catering  service  In  the  Bachelor 
"B"  housing  area.  The  personnel  toted  was  reduced  by  one-half 
to  take  into  oonslderatlon  those  who  will  bring  lunohes  rather 
than  using  base  meal  faoilitias. 
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GBOUNS  PHOTOGBAPHT 

Boeing  and  the  "B/v  Contractor  will  provide  etill  and  motion 
plotore  coverage  for  their  respective  requirements  and  con¬ 
tractual  commitments.  Grand  Porks  APB  will  provide  still 
picture  coverage  as  specified  by  SATAP. 

AERIAL  FEOTOGRAPHf 

SATAP  will  arrange  for  aerial  photograx^  servloes  as 
required  by  Boeing  and/or  as  may  be  specified  under  the 
contract.  Boeing  will  furnish  photographer (s)  as  requested. 

PHOTO  PROCESSING 

^tion  picture  and  still  film  may  be  processed  by  Boeing  and/or 
r/v  Contractor  through  oommerolal  sources  or  Grand  Porks  APB, 
whichever  is  most  economical  or  feasible  to  satisfy  require¬ 
ments  specified  by  SATAP. 

PHOTO  REQUIREMENTS  •  .  ' 

The  estimate  of  photo  processing  req''"lraments  at  Grand  Porks 
Air  Poroe  Base  Is  as  follows i 

1.  Luring  oonstruotiont  Maximum  of  five  (3)  photos  a  day 

2.  After  start  of  Assembly  and  Checkout  t  Mhxlnmm  of 
fifteen  (13)  photos  a  day. 

All  Boeing  motion  picture  x^otography  will  be  processed  in 
Seattle. 


10.0 


CaMMONICASIOBS 


10.1  KUL  SBH7ICB 

Gx«nd  Forks  AFB  will  prorirlds  Inooming  and  outgoing  postal 
serrlos  throu£^  the  U.  S.  Post  Office  at  Crand  Forks  iLFB. 

10.2  DISTRIBOTIOir 

Plokupi  dellrexy  end  distribution  of  all  nail  will  be  handled 
by  Boeing  and  the  b/7  Contractor. 

OB-BASE  TELEPHONE  SEHITICB 

The  Host  Base  (GF^B)  will  provide  Boeing  and  the  b/V  Contraotor 
all  telephone  oommunioatlons  required  on-Base  and  will  initiate 
action  to  esipand  Base  wire  facilities  as  required. 

The  Host  Base  (GFAFB)  will  provide  tie  lines  between  the  Base 
Switching  Facility  and  Bceing  Switchboards  within  the  CSA  as 
required. 

Boeing  will  submit  all  Boeing  requirements  to  SATAF  Communica¬ 
tions  Office  for  appropriate  action. 

Bemote  (BS,  LCF  and  LF)  Telephone  and  Hadio  Service 

SATAF  will  provide  to  Boeing  and  1^7  Conti  actor  during  all 
phases  of  the  activation,  services  to  include  telejdionea,  radio, 
switchboards,  teletype  or  facsimile  and  required  local  and 
Intra-Ving  long  haul  circuitry. 
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10.5*1 


Bamota  (1X3|  LCF  and  L?)  Talej^ona  and  Badio  Sarrioa  (Contlnuad) 


The  magneto  telephones  (EE!8}  and  svitohhoard  (BB  86  or  96  type) 
re(iulx«d  in  the  MCO  phase  for  oommunioatlons  hetween  the  LOF'a 
and  the  LF's  will  ha  provided  to  Booing  hy  SATdF. 

Boeing  will  submit  all  Boeing  requirements  to  SATAF  Conimunloa«> 
tlon  Office  for  appropriate  aotion. 

10.5*2  Leeised  Lines  and  Toll 

The  Boeing  Company  will  provision  for  and  furnish  all  leased 
lines  required  by  the  Company  that  terminate  outside  of  the 
Ving  Area  including  special  terminating  equipment  such  as  fao« 
simile,  data  process ixig  and  line  switohlng  equipment.  The 
SATAF  Coniniunications  Officer  will  coordinate  with  Host  Base 
Communications  Officer  to  assure  compatible  termination  of 
Boeing  provisioned  leased  circuitry  and  related  gear. 

Boeing  is  authorized  and  will  use  Toll  or  QZ  credit  oaxds  for 
long  distance  oalls  as  required. 

10.5.5  Mobile  Communications 

.  .  SATAF  will  provide  mobile  communication  system  to  include  a 

130  foot  antezmae  on  Building  306,  for  Boeing-SATAF  as  planned 
and  agreed  upon  by  a  joint  working  group  consisting  of  BSD, 

CEBMCO  and  TBC.  GFAFB  will  provide  all  on-Base  telephone  oable 
pairs  and  related  cixouits  required  for  the  mobile  radio  system. 
Boeing  will  operate  and  control  fixed  stations  within  the  CSA 
and  Bispatoh  Stations* 
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ppy  5VAA 

L2-6819-6 

SECT. 

1  PAGE  21 

u.o 


REPRODUCTION  SERVICES 


Boeing  will  inatall,  operate  and  maintain  all  li^t  reprodue- 
tion  equipment  for  use  of  Boeing  and  SATJ17. 

Heavy  reproduction  services  vd.ll  be  provided  by  Boeing  for 
Boeing  and  SATAF. 


SECT. 


12*0 


TRANSPORTATIOir. 


12.1  PERSONHEL  THAKSPORTATION 

Boeing  will  proride  for  and  operate  Centralized  Dispatch  Control 
Stations  at  the  CSA  and  DS^s  for  SATAP  personnel  to  Include 
Geodetio  Surrey,  and  Boeing  personnel.  Contrast  provisioned 
vehicles  will  he  available  at  the  Centralized  Disi>stoh  Control 
Stations  for  authorized  SAIFAP,  Geodetio  Survey,  and  Boeing 
personnel  use  during  working  hours  only. 

12.2  BUS  SERVICE 

Boeing  will  provide  scheduled  bus  service  on  the  base  in  support 
of  SAIAP,  Geodetio  Survey,  and  Boeing  personnel. 

Each  employee  is  responsible  for  transportation  between  his 
residence  and  his  assigned  work  area  at  the  steorb  and  end  of 
the  work  shift. 

Boeing  will  provide  bus  service  between  the  assigned  work  areas, 
LF's  and  LCF's  during  authorized  working  hours. 
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MATERIAL  HAmiNO 


13.1  FREIGHT  AND  MATERIAL'  DBLI7ERr  SCHEDULE 

Boeing  will  aooompllsh  th*  plpkup  of  dollrarles  Item  looal 
transportation  souroes  in  support  of  SATAF  and  Boeing,  b/7 
Contractor  will  aocompllsh  their  own  looed  area  material 
pickup. 

13.2  INTER-SITE  SERVICE 

Boeing:  will  aooos^llsh  the  movement  of  materials,  parts,  and 
equipment  between  the  base  and  the  LF's,  LCF's  and  DS's. 

13.3  INTRA-BASE  SERVICE 

Boeing  will  accomplish  all  required  Intra-Base  service  during 

assembly  and  checkout. 

Grand  Porks  AFB  will  provide  emergency  baok-up  support  for  on- 
base  material  handling  and  delivery  of  equipment  in  support 
of  SATAF,  and  Boeing  during  site  activation. 

13.4  SPECIAL  PURPOSE  VEHICLES  AND  MATERIAL  HANDLING  EQUIPMENT 

Boeing  and  n/v  Contractor  will  provide  all  special  purpose 
vehicles  and  material  handling  equipment  as  required  to 
accomplish  scheduled  assembly  and  oheokout  functions. 

Grand  Forics  AFB  will  provide  such  equipment  as  available  when 
required  for  emergencies  during  Site  Activation,  operation, 
and  phas0-out  of  Boeing  and  SATAF  activities. 


13.4 


SPECIAL  FUBFOSE  7EHICLS3  ilO}  MATERIAL  BANDLINa  EQUIPMENT  (Contlnud) 

Grand  Forks  AF?  will  Issue  operator  Jsrmits  to  qualified  Con¬ 
tractor  personnel  to  operate  Base  vehioles. 

13.5  LOO  AIR  DELIVERIES  '' 

Grand  Forks  AIB  will  normally  proride  personnel  end  equipment 
to  aooompllsh  loading:  and  unloading  of  all  alroraft.  Boeing'  will 
assist  as  requested  by  the  Base.  (This  includes  all  materials 
except  missiles.) 

Boeing:  will  provide  the  Base  Transportation  Office  with,  schedule 
and  Estimated  Time  of  Arrlveils  (ETA's)  when  available.  Boeing  | 
will  provide  for  the  transportation  of  equipment  and  supplies 
from  the  unloading  area  during  site  activation. 

15.6  raSSILE  DELIVERIES  (DOES  NOT  APPLY  TO  RECYCLE) 

Boeing  will  provide  special  equipment  and  personnel  to  aoooa^ 
lish  loading,  tinloading,  and  handling  of  missiles.  In  the  case 
of  missiles  transported  by  military  aircraft,  Boeing  will  assist 
Grand  Forks  AFB  as  required. 

I 

SATAF  will  provide  missile  handling,  transfer,  and  storage 
areas  or  facilities.  Boeing  will  be  afforded  joint  usage  of 
these  areas  or  facilities. 

13.7  RAIL  DELIVERIES 

Boeing  will  establish  liaison  with  the  railroads  and  the  Grand 

forks  Air  foroe  Base  Transportation  Offieer,  as  neoessary, 

-  . -  _  I 
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bail  leLITEEm  (Continued) 


to  aooosqpllsh  Boeing  on-Lase  railoai^  evitohing  requiremente* 
Boeing  vlU  lead  and  unload  railroad  eoneigned  ahipmente. 

13.8  PACmO  juro  CRATING 

Boeing  will  operate  packing  and  orating  eerrioe*  I&tlese  other* 
vise  required  by  oontreuit,  this  servioe  will  be  limited  to 
standard  oommeroial  preujtioes.  Boeing  vill  extend  this  ser¬ 
vice  to  the  s/7  Contraotor  except  as  it  pertains  to  munitions 
handling  and  shipping. 

15.9  ESCEITING  AND  SHIPPINO 

Boeing  and  the  3/7  Contraotor  vill  inspeot»  accept »  and  assume 
responsibility  for  property  in  accordance  with  oontraotual 
requirements,  appropriate  section  of  Armed  Services  Procure¬ 
ment  Regulations  (asPR)  and  the  approved  Contractor's  aooount- 
ability  procedures. 

SATA?  Transportation  Officer  will  provide  from  the  Base  Trafflo 
Management  officer  Gk>vexnment  Bills  of  Lacking  (CBL's)  to  Boeing 
who  will  process  them  as  required,  leelng  and  the  3/7  Contraotor 
vill  in-oheok  and  receipt  for  goods  on  SAC  Perm  92  on  shipments 
erroneously  delivered  to  SAC.  facilities.  Boeing  vill  aoooogpllsh 
GBL  after  receipt  of  shipments. 

OOAHA  vill  provide  second  destination  funding  to  the  Base  Traffio 
Management  Officer.  Boeing  and  the  3/7  Contraotor  vill  provide 
data  to  support  OOAHA.  for  second  destination  funding. 


14.0 


OFEBATING  SUPPLIES  ASH  HATEHIALS 


14.1  EXPEin)ABLB  SUPPLIES 

Boeixig  and  tha  s/v  Oontraotor  will  provide  all  esqsendable 
auppliea,  for  offlcea  and  malntenanoa,  repair  or  overhead 
Items  and  materials  as  required.  Boeing  vrill  procure  expendable 
Items  that  are  available  from  the  normal  stook  of  the  Base 
Procurement  Servloe  Store. 

Boeing  will  provide  esgaendable  supplies  for  SAPIP. 

14.2  PECSOLEDM  OILS  AND  LUBBICANTS  (POL)  SUPPLIES  (SEE  ITEM  30.0) 

Grand  Porks  APB  will  provide  and  deliver  POL  supplies  and 
gasoline  to  Boeing  at  the  base.  Boeing  will  provide  and 
operate  dispensing  faollltles. 

Boeing  will  arrange  for  and  provide  POL  supplies  and  gasoline 
at  the  DS'a  and  at  the  base  except  as  noted  above. 

Grand  Porks  APB  will  provide  diesel  fuel  for  the  LP's  and 
LOP'S. 

Boeing  will  furnish  LP  fuel  for  the  Boeing  installed  trans> 
portable  faollltles  oomplex. 

Boeing  will  provide  SATAP  with  a  sohedule  of  POL  Supplies^ 

Diesel  fuel  and  gasoline  requirements. 
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15.0  UTILiTIiS  (SEE  ITEM  29.0) 

15.1  COMHERCIAL  ELSCTHICAL  SYSTEMS 

Orand  Toxics  Air  Toros  Bass  will  furnish  power  and  prorids  for 
the  distribution  and  maintananoe  of  eleotrloal  systems  on  the 
base  except  for  the  seoondaxy  distribution  system  in  the 
Boeing  Installed  transportable  facilities  oos^lex. 

Grand  Forks  Air  Toros  Base  is  responsible  to  provide  eleotrloal 
power  to  the  main  switch  panel  at  the  LT's  and  LCT*s. 

Boeing'  will  maintain  eleotrloal  systems  and  make  ten^rary 
distributions  as  required,  at  the  LT's,  and  LOT'S. 

Boeing  will  provide,  distribute,  and  maintain  eleotrloal 
systems  at  the  DS's  and  the  off-base  Hbblle  Housing  Areas. 

15.2  WATER  SYSTEMS  -  BOIffiSTIC 

Grand  Forks  Air  Toros  Base  will  provide  water  and  maintain 
domestic  water  systems  on  the  base. 

Boeing  will  provide  and  maintain  bottle-type  portable  water 
coolers  as  required. 

Boeing  will  provide  and  maintain  water  systems  at  the  BS's, 
and  off-base  Mobile  Housing  Areas  and  maintain  water  systems 
at  the  lot's. 

Boeing  will  provide  and  maintain  portable  water  containers 
at  the  LT's  during  assembly  and  oheokcut. 
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Grand  Forks  Air  Foros  Bass  will  provlisy  opsrats  and  aatatain 

hsating  and  vsntllatln^  systsma  on  ths  bass  sxospt  that  rt« 

/ 

qulrsd  In  ths  Boeing  installed  transportable  faoilltiss* 

Boeing  will  maintain  the  required  speoiellzed  heating  and 
ventilating  systems  within  these  assigned  buildings. 

SEWmCB  SYSTEMS 

Grand  Forks  Air  Force  Base  will  provide  for  and  maintain 
sewerage  systems  on  ths  base. 

Boeing  will  maintain  sewerage  systems  at  the  LCF's,  BS'Sy  and 
the  off-base  Mobile  Housing  Areas* 

Boeing  will  provide  portable  sanitation  facilities  at  tha 
LF's  during  assembly  and  oheokout* 


16.0  BOZLOIirGS  jun)  OBOUEDS  (see  item  28.0) 

16.1  BEHABILITATION  AND  MODIFICATION 

Bo«in^  vill  submit  design  oriteriai  oost  estimates,  plans, 
and  speoifioations  for  the  rehabilitation  and  modification 
and/or  oonstruotion  of  buildings  and  grounds  through  SATAF  to 
Hq*  BSD  prior  to  start  of  construction. 

Boeing  vrill  provide  design  and  layout,  obtain  SAIAP  approval 
and  aooomplish  minor  modifications  of  assigned  buildings  after 
Beneficial  Occupancy  Bate. 

Boeing  will  provide  surveillance  over  design  and  construction 
of  all  CSA,  Dispatch  Station  and  Mobile  Housing  areas.  Boeing 
will  provide  Grand  Forks  AFB  Civil  Engineer  through  SATAP 
with  as-built  drawings  of  Boeing  constructed  or  modified 
buildings. 

SAQIAP  will  acquire  all  buildings  and  grounds  firom  Grand  Porks 
APB  for  assignment  to  Boeing. 

16.2  MAINTENAKCE 

Grand  Porks  APB  will  maintain  building  structures  and  maintain 
and  operate  real  property  Installed  equipment  of  buildings  on 
base  assigned  to  Boeing  and  SATAP  except  in  the  Boeing  installed 
transportable  facilities • 

16.5  GROUNDS  MAINTENANCE 

Grand  Porks  APB  will  provide  grounds  maintenance  on  the  base. 


16.5  GBOUNDS  HAZNTEiriNCB  (Centiilutd) 

Boeiajr  is  rsaponslbls  for  grounds  naintsnanos  at  ihs  LP'Sf 
LOP'S f  16 's  and  Kobils  Eeuslng  Araas. 


17.0 


BOAIS 


17.1  BOAS  HAIBTEKAHCE 

Grand  Forks  AFB  will  maintain  base  roads,  paricing  lots,  and 
Government  owned  aooeas  roads  at  the  LF's  and  the  LCF'a  upon 
aooeptanoe  by  SATAF  from  the  Corps  of  Engineers. 

SATAF  will  maintain  liaison  with  State  and  County  agenoles 
as  neoessary  to  assure  malntenanoe  of  roads  utilized  by  Boeing. 
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18.0 


SNOW  REMOVAL 
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20.0 


TBiSH  B£M07iL 


0x«nd  Foa^  Air  Foro*  Bos*  vlll  prorid*  aultabl*  oontainara 
■ad  •oeoaVllah  tha  xanoral  of  traah  oa  tha  laaaa* 

Boeing  will  provide  for  the  removal  of  trash  from  tha  LF'a» 
LCF'Sy  BS'a  and  Hohlla  Housing  Areas. 
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21«0  KiZSTraiNCSy  TESTi  MS  BBPAIB 

21.1  OOrEEIL  REPm 

Bocixig  vlll  proTld*  for  th«  repair  and  nalntenanoe  of  equipoent 
assigned  to  SAXA?  and  Seeing  (e.g.  vehiolea,  office  equipoentt 
e^o. ) 

The  b/v  Contractor  will  provide  for  repair  and  aaintenanoe 
of  their  VS>133A  equipment. 

21.2  ISSTRUMBNT  TEST  ANS  REPAIR 

Boeing  irill  operate  a  maintenance  and  test  area  within  the 
eSA  for  oategoxy  I  A  II  test  equipment  only. 

21.3  base  standards  precision  measurement  equipment  labohatobi  (pmel) 

Grand  Porks  Air  Force  Bass  vlll  provide  and  maintain  precision 
measuring  equipment  laboratory  servloes  for  Boeing  category  III 
and  certain  category  II  equipment  requiring  such  servloes. 

SATAP  vlll  provide  temporary  equipment  augmentation  peculiar 
to  the  requirements  of  the  assemibly  and  oheokout  phase  to  the 
base  PMEL. 

Boeing  and  the  b/V  Contractor  will  provide  SATAP  a  list  con¬ 
sisting  of  schedules  and  quantities  of  equipment  that  require 
periodic  certification  hy  the  base  PMEL  during  site  aotivation. 

Boeing  and  b/v  Contractor  vlll  augment  Grand  Porks  Air  Poroe 
Base  HIEL  personnel  as  required. 
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21.5 


BASE  STANDARDS  PBECISIOir  HSASDBEMBNT  BQTZIHENT 
LABORATOB7  (FHEL)  (Continued) 

/ 

SATAF/Boeing  vlll  be  responsible  for  fomishiziAr  peoxtlier  bit 
and  pieoe  supply  support  to  the  base  FMCL  during  the  instal- 

•V  ' 

/ 

j  lation  and  oheokout  phase  on  all  CFE  oalibrated,  repairedt 
and/or  maintained  test  equipment  items.  The  base  FMEZi  will 
supply  bit  and  pleoes  support  for  oallbratlon»  repair  and 
malntenanoe  of  CFB  during  this  aforementioned  period. 

Boeing  vlll  be  responsible  to  fuxnlsh  the  base  DUEL  oallbra* 
tlon  prooedures/T.O. 's  for  all  CFB  peouliar  Itetus  sezvloed 

,  by  this  bass  faollity. 

21.4  CHEiaCAL  LABORATORY 

Boeing  will  obtain  ohemlcal  laboratory  sezrioes  as  reqiilred. 

21.5  AUTOMOTIVE  MAINTENANCE  AND  REPAIR 

Boeing  will  provide  malntenanoe  and  repair  services  for  all 
oontraotor  support  vehicles  and  material  handling  equipment. 
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22.0 


TBCHinoiL  pmicAirioiis 


Grand  Forks  Air  Foroo  Bass  vlll  provlds  foms  and  publloa* 
tioxw  in  ootapliaaos  with  ASK  5-^  Md  tsohnioal  erdara  la 
oomplianoe  with  AFH  66-7  TO  00-5-*2  to  Boeln^r.  Ihs  SAIAF 
Cooinander  vlll  provide  AFSC  publications  emd  forms  to  Boeing 
and  the  Tt/7  Contraotor. 

Boeing  and  the  I0r  Contraotor  vlll  furnish  Grand  Forks  Air 
Force  Base  Publications  Distribution  Manager  vith  requirements 
for  military  publications,  Including  technical  orders  and 
forms  In  aooordanoe  vrlth  local  procedures. 


/ 

'/ 
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SISPOSJU.  0?  FBOfESlT 


SUBFLUS  SSRiriCEmS  AND  SALTAGSmS  FBOFBBSFr 

All  surplti8(  8erv'loea'bl«i  salva^^eal)!*  proparty  aal  sorap 
material  for  vhloh  Boeing;  and  the  Ji/7  Contraotor  hare 
aooountahlllty  responsibility  will  be  programmed  aad/or 
disposed  of  in  £tooordanoe  with  the  Contractor's  Oeneral 
Aooounting  prooeduresy  oontraotual  obligations  y  Air  Toroe 
regulations  and  SAC  Manual  ll'-4. 

EXPLOSIVE  ORDNANCE  DISPOSAL 

Grand  Forks  Air  Force  Base  will  arrange  for  all  explosire 
ordnance  disposal. 


24.0 


WEATHER  MTA 


Grand  Forks  Air  Foros  Base  will  ,  provide  dailjr  weather  data  to 
SATAF/fioelaff  axid  the  B/7  Oontraotor  Including  waxnings  of 
unusual  weather  conditions. 


2%0  SISFiTCH  STATIONS  ANB  PEBSONBEL  BOSSBR} 

25.1  DISPATCH  STATION  ' 

Boeing  will  submit  plaxis  showing  office  and  storage  laorouts 
and  location  for  the  dispatch  facilities  to  BSD  and  SATAP 
for  study  and  approval.  The  final  ,  design  criteria  and/or 
specification  and  work  In^lenentatlon  will  be  the  responsio 
blllty  of  Boeing  after  contractual  approvtil  by  APBSD. 

25.2  PERSONNEL  HOUSING 

Boeing  will  submit  a  housing  plan  for  Boeing  and  SATA?  personnel 
including  layouts  and  locations  to  BSD  and  SATAF  for  approval* 
The  final  design  oriteris  and/or  specification  and  voric  ia^le^ 
mentation  will  be  the  responsibility  of  Boeing  after  contractual 
approval  by  AEBSD. 
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26.0 


miCOFTER  ABS/OR  AIRCEAPI  SUPFOBS 


SATAF  will  arrafige  for  AF  halloopter  and/or  airoraft  support. 


Boeing  will  lease  oonoerolal  helicopters  and  light  fixed  wing 
airoraft  needed  for  elte  activation  as  approved  h/  SATAF  and 
BSD  in  aooordanoe  with  BSBL  70-^8.  Boeing  will  operate  a 
oentrallzed  Blspatoh  Control  Station  under  SATAT  Jurisdlotion 
to  control  use  of  helicopters  and/or  airoraft  on  a  priority 
basis  as  agreed  upon  between  SATAF  and  the  Boeing  Base  haiuiger. 
Boeing  will  provide  landing,  take-off  and  parking  areas  at  the 
LF's,  LCF's  and  off-base  BS's,  subject  to  SATAF  and  BSB  approval. 


Grand  Forks  AFB  will  provide  parking,  take-off  and  landing 
facilities  on  the  base.  Grand  Forks  Air  Force  Base  will  also 
provide  baok-up  helicopter  and/or  airoraft  support  for  emergenoy 
evaciiation  of  seriously  injiared  personnel  at  the  LF's,  LCF's 
and  off-base  BS's. 
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OFFICE  BQUIIHE31T 

Boeing  will  provide  and  maintain  offioe  equipment  for  SATAFi . 
the  I1/7  Oontraotor  and  Boeing* 

Boeing  will  maintain  liaison  throng  SATAF  with  Base  Supply 
for  available  surplus  offioe  equipment. 
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26.0  CONTRACTOR  SUPPORT  AREA  VZ  •  ORAKD  PORKS  APS 

26.1  CONTRACTOR  BUILDING  SPACE  SUHMABT 

ASSIGNED 

A.  Adj^dnlstratlon  Ar«a 

B«  Shop,  Sta^^lnfi^,  and  Support  Area 

C.  Vehlole  Haintenanoe  Shop 

TOTALS 

D.  Open  Yard 

E.  Parking  Area 

28.2  ARCHITECTURAL  REQUIREMENTS 

A.  Administration  ->  Enclosed  office  area  vlth  private  offloes 
and  secured  areas  as  req,uired. 

B.  Shop,  Staging,  and  Support  -  Shop- type  area  with  limited 
enclosed  office  area  and  secured  areas.  Approxloatoljr 
10,500  sq.  ft.  is  environmentally  controlled. 

C.  Vehicle  Maintenance  -  Shop-type  area  with  limited  enolosed 
office  areas. 


52,100  eg.  ft. 
118,927  sq.  ft. 
17 1^60  6q.  ft. 

188,587  eq.  ft. 
3»533  yds. 
sq.  yds. 
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Water  ■  Nexnal  Nexval 


MO-QAS  BBQUIREMENTS  -  QBAND  FOBKS  AZB  FOSCE  BASS 


Tear 

Month 

Gallons 

1963 

July 

2,200 

August 

2,800 

September 

6,800 

Ootober 

10,600 

November 

13,500 

December 

15,300 

1964 

January 

17,000 

February 

20,600 

March 

22,900 

April 

24,000 

May 

24,300 

June 

24,400 

July 

25,500 

August 

25,900 

September 

28,300 

October 

29,700  , 

November 

31,200 

December 

32,300 

1965 

January 

35,900 

February 

35,900 

March 

35,900 

April 

42,500 

30.0 


MO-OAS  REQUIREMENTS  >  GRAND  lOBKS  AIR  lORCE  BASE  (Continuad) 


l£S£ 

Manth 

MSi 

1965 

May 

42,500 

JUM 

42,500 

July 

42,500 

August 

42,500 

September 

47,000 

October 

50,000 

November 

50,000 

December 

47,000 

1966 

January 

45,000 

February 

45,000 

March 

42,500 

April 

42,500 

May 

42,500 

June 

10,000 

July 

8,000 

August 

6,000 

September 

6,000 

TOTAL  QUANTITIES 

REQUIRED  l,119tOOO 
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GBAmC  SUPFOBI 


Sotting  will  provldtt  SAITAF  with  graphio  aupport 
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32»0  SUPPOBI  TO  THE  TECHNICAL  ORDER  COMPLIANCE  REIT  (TOCD) 

32.1  TOCU  PERSOSIIEL  ' 

/ 

Boeing  will  prorlde  the  supplies  and  servloes  Including  hovuilng 
to  support  TOCU  personnel  In  the  same  manner  and  to  the  extent 
Boeing  and  Associate  Contractor  personnel  are  supported  in  the 
A&c/O  task. 

32.2  TOCU  OPPICB  FACILITIES  AND  SEBFICES 

Grand  Forks  AFB  will  provide  the  following  office  space  and  GFE 
equipment  to  support  Boeing  and  Assooiate  Contraotor  persoanel 
assigned  to  the  TOCUt 

A  minimum  of  fifteen  himdred  additional  square  feet  of  working 
and  storage  space  furnished  as  GFP,  located  within  reasonable 
proximity  to  SATAF  Headquarters  which  space  shall  meet  reasonable 
requirements  for  lighting,  ventilation  and  noise  level. 

Two  additional  telephone  lines  and  four  instruments. 

Additional  office  furniture,  maohines  and  equipment  as  follows t 


Desks,  Executive  and  ohairs 
Desks,  Steno  and  ohairs 
Table,  Conference  ^80 
Table,  Conference  (6') 

Chairs,  Straight  back 

Cabinets,  filing 

Cabinet,  filing  w/seourity  look 

Typewriter,  electric 

Typewriter,  standard 

Machine,  ditto 

Shelves 


7  ea. 

2 

1 

1 

8 
2 
1 
1 
1 
1 

200  lineal  feet 
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TOCU  0F7ICB  FACILITIES  AIH)  SER7ICES  (Contlntud) 

Boeing  vlll  support  the  operation  of  and  oalntain  the  office 
epaoe  used  hjr  TOOU  pereonnel  inoludlng  the  funtshlag  of 
espendahle  supplies »  mall  dlstrlbutloni  and  reproduction 
serrloes  as  provided  herein  to  the  jiAC/O  effort* 


/ 
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—MOTOR  POOL 
^98,100  SF 

II 

r12  CAR  PARKING 
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BUILDING 

ADMIN.  TRAILERS 
SAGE  (4TH  FLOOR) 

SAGE  (1ST  FLOOR) 
SUPPORT  WAREHOUSE 
PRODUCTION/STAGING 
VEHICLE  MAINTENANCE 
FLAMMABLE  STORAGE 


SITE  PLAN 

ASSIGNMENT 


GROSS  SO.  FT 


BOEING  AND  SATAF  OFFICES 
BOEING  OFFICES 
ELEaRONICS 

INTEGRATED  SHOP,  STORES 
R&l,  KITTING,  STORES,  EDPM 
VEHICLE  MAINTENANCE 
flammable  STORAGE 


29.500 

22.500 
11,180* 
22,547 
84,000 
17,460 

1,200 

188,387* 


*  CSA  REQ'MT  ONLY;  ELECTRONICS  JOINT  USE  NOT  INCLUDED 


